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Message Text 

UNCLASSIFIED 

PAGE 01 JAKART 10307 220828Z 
10 

ACTION SY-05 

INFO OCT-01 EA-09 ISO-OO OCL-OO OC-05 CCO-OO FBOE-OO A-01 
/021 W 

027568 

R 220422Z AUG 75 
FM AMEMBASSY JAKARTA 
TO SECSTATE WASHDC 9877 
INFO AMEMBASSY MANILA 

UNCLAS JAKARTA 10307 

DEPT FOR A/SY/FO 

MANILA FOR ATO 

E.O. 11652: N/A 
TAGS: ASEC 

SUBJ: MEDAN VAULT CONSTRUCTION 

FOLLOWING WORK SCHEDULE RECEIVED FROM CONTRACTOR: 

8/24 - 8/30: POUR CONCRETE FOR WALLS 2.44M HIGH FROM FLOOR 
LEVEL. 

8/3 1 - 9/6: POUR CONCRETE FOR WALLS 3.38M HIGH FROM FLOOR 
LEVEL. 

9/7 - 9/28: POUR CONCRETE UP TO AND INCLUDING SECOND FLOOR 
LEVEL. 

9/29 - 10/5: POUR CONCRETE FOR WALLS 1.22M HIGH FROM SECOND 
FLOOR. 

10/6 - 10/15: POUR CONCRETE FOR WALLS 2.10M HIGH FROM SECOND 
FLOOR. 

10/16 - 1 1/8: POUR CONCRETE UP TO AND INCLUDING ROOF. 

UNCLASSIFIED 

UNCLASSIFIED 

PAGE 02 JAKART 10307 220828Z 

11/9- 11/15: POUR CONCRETE FOR PARAPET 1.22MHIGH. 
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1 1/16 - 1 1/22: POUR CONCRETE FOR PARAPET 1.80M HIGH. 

1 1/23 - 12/9: CEMENT FINISHING AND PAINTING. 

12/10 - 12/15: DISMANTLE ITEMS NO LONGER REQUIRED. 

12/16 - 12/29: CLEAR AND CLEAN; RETOUCH PAINT, ETC. 

NEWSOM 

UNCLASSIFIED 

NNN 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 22 AUG 1975 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1975JAKART10307 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D750290-1110 
From: JAKARTA 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1975/newtext/t19750828/aaaaaxwk.tel 

Line Count: 70 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION SY 

Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: n/a 

Review Action: RELEASED, APPROVED 
Review Authority: ellisoob 
Review Comment: n/a 
Review Content Flags: 

Review Date: 04 DEC 2002 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <04 DEC 2002 by ReddocGW>; APPROVED <15 MAR 2004 by ShawDG>; APPROVED <15 MAR 2004 by ellisoob> 

Review Markings: 

Margaret P. Grafeld 
Declassified/Released 
US Department of State 
EO Systematic Review 
06 JUL 2006 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: MEDAN VAULT CONSTRUCTION FOLLOWING WORK SCHEDULE RECEIVED FROM CONTRACTOR 
TAGS: ASEC 
To: STATE 
Type: TE 
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